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BILL NO. S-75-12-S^ 


SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving Change Order No. 1 in 
connection with Monroe Street NPI Project, 

Resolution 5686-1975 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to L. W, Dailey, Inc. , in con¬ 
nection with Monroe Street NPI Project, Resolution 5686-1975, in the amount of 
$9,575.22, as set out in the specifications is hereby in all things ratified, confirmed 
and approved. 

SECTION 2. This Ordinance shall be in full force and effect from and 
after its passage and approval by the Mayor. 



Approved as to fori^ 













Read the first time in full and rn motion by , seconded by 

_, and duly adopted/ read the second time by title and referred 


to the Committee on 


(and-^ti-rTity Rl^n 


C«mffl4-?5iTTirTor recommendation) and Public Hearina to be held afteF due leaal notice, 


aT~t1l'e~Counci I Chambers, Citv-County Buildina, Fort Wayne, Indiana, on__ 
day of 


197 


at 


■"Clock H.M7,E.S.T. 


Date: 


j/ 3 - ^ 


CITY CLERK 

Read the third time in full and on motion by_ 

seconded 


by 




and duly adopted, placed on its passaae. 


Passed (46ST} by the follov.n'nq vote: 

AYES NAYS ABSTAINED 


TOTAL VOTES 
BURNS 
HINGA 
HUNT ER 
MOSES 
NUCKQLS 
SCHMIDT, D, 
SCHMIDT, V. 
STIER 
TALARI CO 


ABSENT. 


I U-l'U 1 

□ 







Passed and adopted by the Common Council of the Citv of Fort Wayne, Indiana, 
(Special) (At^imTrrrlTrtTW) Ordinance 
on the /4s^-^'*^d ay of , 197 

(SEAL) (/^ 

~ ^pfDlTiirWFTCER 

Mayor of the Cit.v of Wavne, Indiana, on the y 
97 .,- at.-.ithe hour of. /'/(y^.o ' clo.Qk,. 


CITY CLER 

Anoroved and sinned by me this jday of 

at the hour of OO o'clock_ yp i ^.s.T. 








































































Bill No. S-75-12^56 

REPORT OF THE COJMMITTEE ON PUBLIC WORKS _ 

We, your Committee on Public WorLs _ . to whom was referred an Ordinance 

approving Change Order No, 1 in connection with Monroe Street NPI Project, 

Resolution 5686-1975 • 


have had said Ordinance under consideration and beg leave to report back to the Common 
































ckangs order 


Change Order No. 1 ___ 

Project No. 10257 _ _ 

•Name of Project Monroe Street K.P>I. 

To: t. w: Dailey. Inc. _• _ 

(Contractor) 


Resolution No. 5686-1975 
Board Order No. 106-74 . 
^_ Dat e lQ-8-75 


Gentlemen; 


You are hereby requested to comply with the following changes from the contract plans 
and specifications; ' : ■ ' 


item 


Description of Change 


Change in Co 

intract Pricei 

Ouan^-*' tv 

Descrintioa 

Unit Price 

Decrease 

Increase - 

1 

2 

cu.yd.749 

sq.yd.73.2 

Excavation - Regular 

Pavement Removal 

$ 5.U0" 

10.00 


732.00 

3 

4 

Gq.yd.75.. 

sq.yd.84.3 

Sidewalk- Removal. ^ 

Pavement, Concrete' 6" Plain 

3700 ^ 

11.90 ‘ . 


1,003.17 

5 

6 

ton26.25 

s.y.71.65 

Pavement- Asphalt-, Deep Str." 

Private Drive Pave PI. Cone. 

25.00 

17.00 


ot>o • 

1,218.05 

7 

sq.ft.- .. 
1130.5 

Sidewalk, Concrete 

. 1.50 


1,695.75 

8 

ea ch • - 
9 

Steps 

33.33 


300.00 



Tritsl Decrease 



Total Increase 

Net (Bscreasa) (Increase) Contract Price 


$9,575.22 


$9,575,22 


The sum of $ 9.575.22 is hereby (added to) (dedtjeSedrssSai) the total contract pr 

and the final contract price shall be adjusted as follows: 


Original Contract Price | 168,908>00 _. 
Current Contract Price Adjusted by Previous Change Order $ 168,908..0p_ 
New Contract Price Including rnis Change. Order- . , $ 178,483.22_ 


The time provided for comoletion in the contract for this project is (iKichaegred) (xncrej 
■* calendar days due to this Change Order. . The date for comole 

^ ^ ■ ■—- . _ __ j■K oi-ottc .-an 


of all work shall be 
amendment to the .cont 


October 10. 1975 


Furthermore, this document shall become . 


Pvecoramanded / /v^-'-^Chz. 

Engineer) 

Accepted by: ' • / A' -- ^ 

(Contractor) 

Aoorovad by: • 

• (City Engineer) 


m (Dinner) 

cAQfr01^^~L 

/ 


Ar-.isced by: 

rm-' 




vT 

L L 





























































■ . , Chaxiga Order 1 _ 

Resolution So. 5686-1975 

^ • Board Order So. 106-74 

■ REQUEST AND JUSTIFICATION'FOR.CHASGS , •^ 

1. Secassity for change; ' Item 1 was not computed properly in the original _ 

estimate. Item. 2 needed to fix portion of Pettit St. where'storn; seWer 

■ connection was, made and various spots on Monroe where there were grade - ''. ; ' 

conflicts.' Item 3 used to remove sidewalk of improper grade or of poor 
quality. Item 4 used to replace removed sections &’ complete project.^ 

Item 5 needed for grade problem at intersection pf Monroe St. & Sherwood , 

’ TeWace. Item 6 needs to replace drives with grade problems. Item 7 

used for sidewalk replacement of bad grade & poor condition. Item 8 _ ...I 

needed to connect existing, steps to sidewalk. . _ • , .' 


2. I'Jill proposed change alter size of the project? Yes_ ^ 

’ If yes, explain" .■ ' ' 


3. Affect on oparation and maintenance .cost of this project: 
None , 




J 




y / 


.near 































DIGEST SHEET 




TITLE OF ORDINANCE Special Ordinance _ 

DEPARTMENT REQUESTING ORDINANCE Board of Public Works 

SYNOPSIS OF ORDINANCE Cover s Change Order #1, Resolution 5686-1975 from L. W, _ 

Dailey, Inc. for the Monroe Street NPI project In amount of $9,575.22. 

Changes were needed for street pavement, sidewalk and driveway problems encountere d 

during construction. 


EFFECT OF PASSAGE Repair of Improper conditions on pavement, sidewalk & driveway. 


EFFECT OF NON-PASSAGE Unable to repair Improper conditions on pavement, sidewalk 
& driveway. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $9,575.22 


ASSIGNED TO COMMITTEE 
































